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BILL NO. S-87-08- A 


AN ORDINANCE approving Change Order 

No. l and FINAL for Res. 193-87, 
Kensington Street Lighting, with 

Weikel Line Company, Inc., in connection 
with the Board of Public Works 

and Safety of the City of Fort 

Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1 and FINAL for Res. 
193-87, Kensington Street Lighting, with Weikel Line Company, 


Inc., in connection with the Board of Public Works and Safety, 


for: 


this Change Order is due to physical 
changes of project between the 

time of preparation of blueprints 
and actual construction of the 
street light system, the amount 

of conduit was increased; 


involving a net increase of Eight Hundred Thirty-Three and 70/100 


Dollars ($833.70), all as more particularly set forth in the 


“specifications, and which is on file with the Office of the Board 
of Public Works and Safety and is by reference incorporated herein, 
made a part hereof, and is hereby in all things ratified, con- 


firmed and approved. 


SECTION. 2: “That «this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


‘approval by the Mayor. 


D S SIE rai l 
DE A A 5 AEZ 


Councilmember 


APPROVED AS TO FORM 
AND LEGALITY i 







Bruce 0. B xberger, City Attorney 
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seconded by ` r and duly adogted, redd 2e second tim: 
by title and rererz=aq to the Committee = ele, i? 
Pen Commissicn for sCccmmsnedaticn) and PL (Hcaring to so Ns 2ft: 
Gue legal notice, at tha Council Chant Di Y Building, Fort Wayr 
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SANDRA E. XENNEDY, CITY CLERK 


Read the thira mesin full and on motion by z 
seconded by Pei RE & , and duly adopteq@ placed ORY Les 
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SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of POLE! 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) 


(SPECEAL) (ZONENG-—MAP) ORDINANCE ( 


on the fp day of 
í I 


SANDRA E. KENNEDY i 














CITY. CLERK 


' Presented by me to the Mayor of the City of ort Wayne, Indiana, 
on the MRA day of Lt tg hed j AIS Fe 
at the hour of / / Oe o'clock Mi geisut: 


SANDRA E. KENNEDY, CITY CLERK “ 
Approved and signed by me this Jó E aay of lerre , 


z Koa ři f 
19 ar at the hour of o o'clock J-M., E-S.T. 


WIN MOSES, JR., MAYOR 
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CHANGE ORDER 
Change Order No. _ 1 & Final Resolution No. __ 193-87 
Project No. Board Order No. 





Name of Project_Kencington - State to Curdes Date 8/5/87 


To: Weikel Line Co. Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Rez Description of Change | | Change in Contract Price 
Unit Price 


295.0 LFT | Trench in earth 20" deep 253270 aoa, 


272.0. LET } Push under drives, street, trees, oe a 
99.0 LFT | 2/C#6 Copper wire in trench:& conauft 0.35 | 0.00 | 


Grade, seed, and mulch 


Total Decrease 












Total Increase 


Net (Beecrexpe) (Increase) Contract Price 


The sum of $ 833.70 is hereby (added to) (da&&uxXHRXEx¥HH) the total contract price 
and the final contract price shall be adjusted as follows: 

Original Contract Price 6.711592 

Current Contract Price Adjusted by Previous Change Order $ 0.00 

New Contract Price Including This Change Order FoF 56562 


The time provided for completion in the contract for this project is (unchanged) @#rereasac&) 


(degreased) by 0 calendar days due to this Change Order. The date for completion 
of all work shall be 8/4/87 . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Engineer) Date Bb 14 / 
Date 8) 10/87] 


pi EON 
Date Y- 16-3 





(CADDE Design 


Recommended by: 


Date 





Attested bv: 3 eee Von Rom NANA (Clerk) Date Sen sg 


Change Order No. 1 & Final 


Resolution No. 193-87 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Due to physical changes of project between the time of 
preparation of blueprints and actual construction of the street light system, 


the amount of conduct required was increased. 
Cee een eee eee ee ee ee ee ee 





Will proposed change alter size of the project? Yes X No 
If yes, explain 


Only in monitary values pertaining to inital construction costs. 


ae 


Affect on operation and maintenance cost of this project: 


No affect on operational costs. 
Long term maintenance cost could be less if underground repair is needed by 
virture of less digging is required in those specific areas. 





Engineer 





Jim Riémke Construction 
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Admn. Anpr. 
Change Order #1 and FINAL - Kensington St. Ltg., Res.193-§ 


a 


TITLE OF ORDINANCE 








DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE | Change Order #1 md final for Res. 193-87, Kensington 





Street Lighting, is due to phvsical changes of project between the 








time of preparation of blueprints and actual construction of the 








street light system, the amount of conduit was increased. 











The: Weikel Line Co: Inc. is’ the contractor. 





ST he aah, E. 





EFFECT OF PASSAGE To facilitate completion of project 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $833.70 


ASSTGNED TO COMMITTEE 


rel 


BILL NO. _S~87-08-27 


CLI UTILITIES 


REPORT OF THE COMMITTEE ON : 
of a N O nee ee ee ek E 


CITY UTILITIES 


WE, YOUR COMMITTEE ON ; TO WHOM WAS 
Se eee ae ey 
REFERRED AN (ORDINANCE) (RESOLUTION) approving Change Order. 


No. l and FINAL for Res. 193-87, Kensington Street Lighting, 


with Weikel Line Company, Inc., in connection with the Board 


of Public Works and Safety of the City of Fort’ Wayne, Indiana 


ett nettle vets eo 


I Oe DR Tao PR rete e 


"S HAVE HAD SAID (ORDINANCE), (RESQLUSEON) UNDER CONSIDERATION AND BEG 


Weenie TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


' (RESOLUTION) 


YES 





Is 


CHARLES B. REDD 
CHAIRMAN PS i Sag eee eT 


PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 











ey ae SANDRA E. KENNEDY 
CITY CLERK 


CONCURRED IN 


